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WSA Master Schedute Teniplate 


WSA Template month CHnfcal (Sensory Group Topograpfiy Data) 
Non*Clliilcal (Acceptftbllhy and Reduced Exposure Testing) 
Acceptability Prep. & Analysis & Testing (Pretlm. Product Spec.) 
Material Eval. Request Form (MEVAL) submitted 
Review Waleriai Eval. Request Form (MEVAL) 

Study DesiQn development 

Study Design development completed 

Study request approved 

Test Article design approved 

Preparelion for production 

Cigarette production 

AMA/PTL testing 

AMA/PTL teet results available 

Test Anicle release approved 

Request shipment of cigerettee to Ihe lab 

Cigarettes at lab 

Ship cigaietlBB to lab completed 
Ames Protocol prep. A review 
CyioioadcAy Protocol prep. & review 
Mouse Lymphoma Protocol prep. & review 
CherrtialrV Prolocol prep. & review 
Metals Protocol prep. & review 
Micronucleus Proto^ prep. & review 
IrUialalior) Prutucol prep. A review 

Acooptablllty Testing & Reports tAes^Bneo 1 Smoking Condition) 
Lab Testing Start 
Ames 
Cytotox 

Mouse Lymphcima 
Ctwrnlstry 
Metals 
Mlcranijcleua 

inhalation (Assumes Recovery & uses a 7-day calendar) 

NoryClInlcal lab testing completed 
Ames draft report rec'd 
Ames draft report reviewed 
Ames final report 
Cytotoxicity draft report rec'd 
Cytotoxicit/ draft report reviewed 
Cytotoxicity final report 
Mouse Lyr^oma draft report rec*d 
Mouse Lymji^oma draft report reviewed 
Mouse Lymphoma final repon 
Chomtsl^ draft report rec'd 
Chemistry draft report reviewed 
Chemistry final report 
Metals draft report rec'd 
Melds draft report reviewed 
MetedB final report 
MicfonucfeiiS draft report rec'd 
Micronucleus draft report reviewed 
Micronucleus final report 
lnhafalior> draft report rec'd 
Inhalation draft report reviewed 
Inhalation fndl report 
All draft reports received 
Acceptebility DocumenidFirial reports completed 
Topography data generation (through Sensory Group) 

Subject Recruitmenl 
Data B^eralion 
Topography data available 

Reduced Exposure Prep, a Analysis & Testing (Final Product spec,) 
BOM submitted 
RDM review 

Study Design development 

Study Deaig n davelopinettt completed_ 
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lAseumee 1 emoke condition 


lAssumes R«covery;UsBs 7-day calendar 


I Topography Data coming from Sensory Group 




Source; https://www.industrydocuments.ucsf.edu/docs/yxcj0001 




PM3006719184 


VISA Master Sc heduld Templete 


Study request epprm/ed 
Test Aillcie design approved 
*" Preparation for produdiort 

** Clgareoe production 

AMA/PTL testing 

. AMA/PTL lesi results available 

7^^ Test Articte release approved 

” Fullest shipment of cigarettes Id the fab 

Sh^ oparettes to lab 
Ship dgarettes to lab compteted 
Ames Protocol prep. A review 
^ Cytoiojdcfty Protocol prep. & review 

7J^ Mouse Lymphoma Protocol prep. & review 
.7* Chemistry Pfgtocol prep. A review 

Skin Painting (ISO) Protocol prop. A review 
_ Metals Protocol prep. A review 

Mlcrorwideus Protocof prep. A review 
^ tnhalartlon Protocol prep , & review 

** Reduced Exposure Testing A Reports (Assumes 1 Smoking CDnditii>n) 

Lab Testinfl Start 
Amas 

2 !_ Cylotox 

“ Mouse Lymphoma 

” Chemisby 

Skin Painting (ISO) 

Metals 

Micforujcleus 

InhalaPon (Assumes Recovery & uses a 7-day calendar) 

Non-Clinical lab testing completed 
Ames draft report rec'd 
^ Ames drrt report reviewQd 

" 1 Amea final (report 

Cytertoxteity draft report rac’d 

_I Cytotoxicily draft report reviewed 

*” 1 Cytotoxidly final report 

Mouse L^nphoma draft report nec’d 
Mouse Lymphoma draft report reviewed 
Mouse Lymphoma final report 
Chemistry draft report rec'd 
*” Chemislry draft report reviewed 

Chemistry firial report 
$kr Painting draft report rec’d 
Skin Painting draft report reviewed 
^ ] Skin Painting finaf report 

Metals draft report rec'd 
Metals draft report reviewed 
Metals final report 
Micronucicus draft report rac'd 
Micfonudeus draft report reviewed 

__j Micfonucteus final report 

Inhaladon draft report rec’d 
inhdatlon draft report reviewed 
n*” Inhalation final report 

AH draft reports received 
Final reports completed 
Cllnical-Short Term (Study § 900 $ here) 

m Inv^gatoi'e Brochure 

Define Sljdy 0b(ec6ves 
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’TBP' DevelopmenietPTrtertPisn 

Jgr Resource Allocation 

n* Study BudgeVScPeSulo 

g» \ CROSoivloos 
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j Project Afifeeinonl wSh CRO tRscujjfrnent) 

i Purdieee RequbfUnn tor regultment 

Project Agredmerttvrtti CRO (Screermp. Study Execunon) 

Pufohdao Rcfluicaon- ter Sturty gwct/Hivi . . 


lw3A /erewateiM^modlFv-Topow^^^ 
|Wed2nlA4 11;43AM 
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Source: https://www.in(dustry(documents.ucsf.e(du/(docs/yxcj0001 
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WSA Master Schedule Template 
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